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BILL NO. s-86-08-/ 3 y 
SPECIAL ORDINANCE NO. S- J J2- 


AN ORDINANCE approving Change Order 
No. l, Emergency Resolution 76-78-1, 
Pavement Blow-up in 5200 Block 

of North Clinton, with Mergy Con- 
struction Cox, Inc., in connection 
with the Board of Public Works 

and Safety of the City of Fort 
Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 


OF THE CITY OF FORT WAYNE, INDIANA: 





SECTION 1. That Change Order No. 1, Emergency Resolution 
76-78-1, Pavement Blow-up in 5200 Block of North Clinton, with 
Mergy Construction Co., Inc., in connection with the Board 
of Public Works and Safety, for: 
This Change Order is necessary 
because the first pavement blow-up 
was on Sunday, July 6, 1986, and 
quantities were worked up. On 
July 7th the second blow-up occurred 
so, therefore, the increase in 
quantity; 
involving a net increase of Four Thousand Two Hundred Eighty-Two 
and 75/100 Dollars ($4,282.75), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety and is by reference incorporate 
herein, made a part hereof, and is hereby in all things ratified, 
confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 


JE 


Bruce O. Boxberger, 







City Attorney 












Read the first, time in full and on motion by 


seconded. by , and ZY DEPPI pte 
by title and referred to the Committee 


A ti AS tc UCD ln i 
Plon Commission forir Sonmenaaticank “and luptss HSaring i EO oe neld 
due legal ‘notice, at the Council Chambers, City-County i 
indiana, ‘on 





Fort Way: 
day of 


LS sMo pE 
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KENNEDY, CITY CLERK 















SANDRA E. 






ime in full and on motion by 
and duly adopted, pl 
(TOST: by the tollowing vote: 


seconded by 
passage. PASSED 
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ABSENT TOs Wars 


TOTAL VOTES 








BRADBURY 
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BURNS 
ELSBART 
GiaQUINTA 
HENRY 
REDD 
SCHMIDT 
STIER 
TALARICO 


DATE: MELA i: Peo 


SANDRA E. KENNEDY, CITY CL 


ARAVA 


cae 











Passed and adopted by the Common Council of the-City of Fort” 
Wayne, Indiana, as ( z I APPRO N) ~~ (GENERAG) ; f 
C1 Ab EL. 
(SPECIAL) (ZOMEMG—MAP) ORDINANCE (RESOLUTION) NO. 4 AC 


on the TF day of hoes Aee - ; ASEO a 


ALTTES TS (SEAL) . 


ee ee 
Š / AL. 
PRESIDING OFF CER : : 


Presented by me to the PESAT of the City of Fort Wayne, Indiana, 

on the Sped day of 19 i 
š ie 

at the hour of fh 2 o'clock 













SANDRA E. apcauaiet, CITY CLER 


r 





Me, E- S.T 







LY 





SANDRA E. KENNEDY, CITY CLER 


Approved and signed by me this JIK aay of Cegn? j 


19 ae , at the hour of ya oe ee ra May EST.: 


i 
WIN MOSES, ik. MAYOR 





es ms A OY 





CHANGE ORDER 7/2% /s¢ 
Change Order Nae } Emergency He Gta Non ee 
Project No. Board Qadgx 0%. 
Name of Project _PAVEMENT BLOW-UP IN 5200 BLOCK N. CLINTON. yet ie 7/24/86 
Gs 3 
To: Mer Construction Cors Inc. 
(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Description of Change Change in Contract Price 


Material ' Unit Price Decrease Increase 







Pavement Removal & Replacement 10" ees 45282275 


Total Decrease 


t Total Increase p23): I 
Net (Regrersg) (Increase) Contract Price | | 45282535 | 


The sum of §$ 4,282.75 is hereby (added to) (dedumtentxkxom) the total contract 
price, and the final contract price shall be adjusted as follows: 








Original Contract Price $ 3,315.25 
Current Contract Price Adjusted by Previous Change Order $ ES 
New Contract Price Including this Change Order $ 7,598.00 


The time provided for completion in the contract for this project is (unchanged) (increased) 


(decreased) by no change calendar days due to this Change Order. The date for completion 
of all work shall bg . Furthermore, this document shall become an 


amendment to the contract ang provisions of the contract shall apply hereto. 


Recommended bys. A ES (Hh Chief Engineer) Date dz 2 4 es ne 


Accepted by: re da Contractor Date 
Approved by: Ad fC “De Ei ROZ. City Enaineer) Date Z- 22-i 


(L 


Approved by Wee E. é Owner Date ES SO -4 
UEL 


SO Say > 


Attested by: G Akes LU, Looker Vee, pate? T = = j A 





pæ 


Change Order Na. 
Emergency Kesolution io. 
Board Order No. 





REQUEST AND JUSTIFICATION FOR CHANGE + 


Necessity for change: on Sunday, July 6th, 1986 we had a pavement blow-up and 
it was investigated at 4:00 p.m. It was measured and quantities were worked up. 
By the time the contractor arrfved on the job on July 7th at 2:00 p.m. the second 


blow-up had occured so therefore the increase in quantity. 


cE el Te 


epee oan OEE a ie Ee Fe aos ee elles oc enema a SNE 
Will proposed change alter size of the project? Yes XX No 

If yes, explains See above 

e 2 a AD cE SEO a L a emer acne 
Affect on operation and maintenance cost of this projects N/A 


gS ai A ee a ee Pa eS eno 

















Weld Keapgaaboeyor 


Richard Knappenberger Engineer 


Admn. Appr. 


IRR 


DIGEST SHEET 


TITLE OF ORDINANCE Change Order #1, Emergency Res. 76-78-1, Pavement Blow-up 
in OCK of Ne inton 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 





‘ 


SYNOPSIS OF ORDINANCE Change Order #1 for Emergency Res. 76-78-1, Pavement Blow-up 
a Se Ee eae 


is necessary because the first pavement, blow-up was on Sunday, July 6, 1986, 
a A Oe a SS Se Oe Cg ee 


and quantities were worked up. On July 7th the second blowup: occurred so 
a aa ar etl a i en as ee 
therefore the increase in quantity. Mergy Construction Co., Inc. is the 
ee ee ee i eS. SRT eee a Ree ARS: * ei ER S ws COG 
contractor. 


Se a a pinnae cnrsemsllas oye? 


EFFECT OF PASSAGE Repair of pavement at above location. : 
i a a E 
EFFECT OF NON-PASSAGE 


a 


Increase - 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) $4, 282.75 


ASSIGNED TO COMMITTEE (PRESIDENT) 





BADE MO oS Gage Pes} soe he 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
P ee ee ee See 


WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 
REFERRED AN (ORDINANCE) (RESEXXNEON) approving Change Order č 
No. 1 Emergency Resolution 76-78-1, Pavement Blow-up in 5200 
Block of North Clinton, with Mergy Construction Co., Inc., in 


connection with the Board of Public Works and Safety of the City of 


Fort Wayne, Indiana 


SE a a e a a S ra ce ee oa eee oe oa nee ge 
We a a 














HAVE HAD SAID (ORDINANCE) (RESOEUEGN) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 











(RESOXWHEXONF 
NO 
THOMAS C. HENRY 
CHAIRMAN 
DONALD J. SCHMIDT 
VICE CHAIRMAN ca RsaI GARI ree cee es come aoe 





ie 


A ats PEREA 
CENE PA 








MARK E. GiaQUINTA 


PAUL M. BURNS 





Afaa ge ena CHARLES B. REDD 
— aaa 


CONCURRED IN FoC -IE SANDRA E. KENNEDY 


CITY CLERK 





